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Meeting Details 


Meeting Date: 9.1.2020 Project Name: Baystate Medical - HoF Second Floor - Surgical and 
Procedure Floor 


Meeting Time: 12:00 n Project Number: 152217.000 


Meeting Location: Virtual / WebEx Attendees: 


Baystate: Diane Lukomski, Kirsten Waltz, Michael Albert, MD; Kathy 
Buchanan, Sandra Wadsworth, Haty Roy, Shiela Janocha, Kelly 
Tyler, MD; Ziad Kutayli; Marie Judge, Melanie Demattia, Nadezhda 
Guseva, Cheryl-Ann Matulewicz, Christopher Hayes, John Hine, Jeff 
Bronke, Aaron Gonsalves, 


Perkins and Will: Ron Gorham, Chuck Siconolfi, Rashid Ashraf, 


Next Meeting Date: TBD Cc: Project File 


User Group Design Review - Robotic 


Discussion 
ITEM NO. DESCRIPTION RESPONSIBILITY STATUS 
1.00 The intent of meeting is to provide an overview of the Record 
proposed room location, ceiling plan, floor plan, wall 
elevations, and locations of wall mounted devices for 
user approval and sign off. 
1.01 Ron Gorham reviewed the overall floor plan to give staff Record 
an understanding of the planned zones for Public 
Elevators, Prep/Recovery bays, new surgical suites, and 
interventional procedure rooms. 
Presentation documents are attached for reference. 
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ITEM NO. 


DESCRIPTION 


RESPONSIBILITY 


STATUS 


1.04 


The group reviewed and discussed placement of robotic 
equipment within the room. Options 1 and Options 2. 


The clinical nurses had the following comments: 


a. Option 2 became the group preference . 

b. Placement of the robot and vision (IT) cart will be 
on patient right. This will be on “plan north” of 
surgical table. 

c. Robot and Vison Cart power connections will be 
along back wall (against sterile core wall). 

d. There will be (2) Consoles. One for operator and 
second for teaching. 

e. Consoles will be located on patient left (against 
corridor wall). This placement will allow for a 
surgeon to look back at the patient, or to go to 
the scrub sink to scrub in if there is an 
emergency. 

f. Consoles will remain in this position, although 
can be moved for cleaning. 

g. Intuitive recommended placement for power 
connections for the consoles at the south east 
corner of plan (corridor wall) and left wall for 
future flexibility for placement of consoles. 

h. The robotic equipment will require dedicated 
power outlets. The Vision IT Tower will also 
require data connection. 

i. An emergency cart specific to Robotic use is to be 
placed in the sterile supply room proximate to 
the (3) rooms. 


Refer to attached plan mark up for additional 
detail. 


Perkins and Will 


Pending 


1.05 


Perkins and Will to send copy of plan to Intuitive for 
additional infrastructure review and MEP coordination. 


Perkins and Will 


Pending 


1.06 


Ceiling Plan 


Ron reviewed the ceiling plan. No user comments 
provided. 


Record 


1.07 


Booms and Lights 


Baystate 


Pending 
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ITEM NO. DESCRIPTION RESPONSIBILITY STATUS 
Booms and lights currently shown on plans are 
placeholders. The hospital is reviewing and selecting a 
preferred vendor. A decision should be final in the next 
week ortwo. Once a vendor is selected, the team will 
work with the vendor and users to identify placement of 
booms, gasses, power and low voltage, and monitors on 
each. 
Monitoring and image selection is often coordinated 
through the OR Integration vendor. Often this level of 
coordination is through each manufacturer based on 
“arm reach” and capacity of booms and lights along with 
requested functionality of users. No additional 
comments were received. 
BMC to finalize selection of manufacturer for Lights and 
Booms and OR Integration. 
1.08 Scrub Alcove Record 
Wall mounted stainless-steel scrub sink located below 
view window to operating room. Height per 
manufacture. 
Accessories at scrub sink to include: 
a. Stainless steel shelf. 
b. Paper towel dispenser 
c. Soap dispensers 
d. Aveguard dispenser 
e. Scrub brushes 
f. Trash 
1.09 View windows: 
Perkins and Will Pending 


View windows will be installed above each scrub sink. 
View windows specified will integral blinds (mini blinds 
between the glass) with control lever on each side to 
open/close blinds. 


Ron noted that additionally “smart glass” or electrostatic 
glass” is being investigated as an alternative to integral 
blinds. A final decision will be made by BMC facilities 
based on its reliability, durability, maintenance or repairs 
and overall expense. 


PW and BMC to decide on use of “Smart Glass”. 


Baystate 
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ITEM NO. DESCRIPTION RESPONSIBILITY STATUS 
1.10 Entry Doors Perkins and Will Record 
a. Entry door to be equal leaf stainless steel doors 
with a vision panel. Doors to have automatic 
operators with use of “hand-wave” sensor on 
both sides. Doors will have “switch” to release 
auto function to manual function. 
b. Vision panels are to have integral blinds or smart 
glass. 
c. Zone valve boxes will be located outside of the 
OR's per code. 
d. A PPE cabinet will also be located outside of 
entry doors for PPE storage and use. 
e. Stainless steel corner guards will be installed at 
all exposed wall corners. 
111 OR Interior Elevations Perkins and Will Pending 
The following comments were received. 
a. Wall finishes include wall protection (solid 
surface) up to 5ft and paint above that. 
b. Stainless steel corner guards at all exposed 
“outside” corners. 
c. User request to move code blue and phone. 
d. Request to link door switch with code blue. 
e. Locate a white board (dry erase) or wall 
mounted back painted glass close to circulating 
nurse desk. This will be used to “track counts”. 
f. Raise wall mounted computers up to ergonomic 
height. 
g. Place cart or shelf at wall mounted PC for 
immediate use of beepers or cell phones. 
h. Glove dispenser to accommodate (4) boxes - S, 
M, L, XL. This is to be placed near to each door 
inside the OR. 
1.12 Additional Items. 
1.13 Staff asked about location of blanket warmers. Location Record 


will be placed within sterile supply cores proximate to 
rooms. 
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ITEM NO. 


DESCRIPTION 


RESPONSIBILITY 


STATUS 


1.14 


Staff asked about being able to share images on the TV 
Monitors. Ron responded that they are currently 
planning for two wall mounted monitors (one at foot and 
head of bed placement). Ron also noted that the booms 
will be capable of having articulating arms with surgical 
lights and monitors. 


Final configuration to be coordinated with Boom and 
Light manufacturer and OR Integration vendor. 


Baystate 


Pending 


1.15 


Ron mentioned that staff in other OR review meetings 
staff have asked about sub sterile rooms. Ron 
responded that there will no longer be sub sterile rooms 
used in the new HOF surgical unit; however, there will be 
sterile supply cabinets in each operating room and sterile 
supply cores at the back of each OR. 


Record 


1.16 


Staff requested additional outlets at the circulating nurse 
desk for miscellaneous items such as cell phone chargers. 


Perkins and Will 


Pending 


1.17 


Next Steps 


e Design team to incorporate drawing comments. 

e Use of “smart glass” technology in lieu of integral 
blinds to be reviewed and determined by PW 
and BMC. 

e Boom and lights vendor to be selected 

e Booms and Lights configuration to be 
coordinated with Vendor 

e = OR integration configuration to be determined 
by vendor 

e Perkins and Will to send revised plan around for 
review and sign-off. 

e Intuitive to provide technical support for MEP 
coordination. 


Perkins and Will 
Perkins and Will 
with Baystate 


Baystate 
Baystate 


Baystate 
Perkins and Will 


Intuitive 


